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Message Text 



UNCLASSIFIED 

PAGE 01 BRASIL 08971 141939Z 
50 

ACTION FBOE-OO 

INFO OCT-01 ARA-10 ISO-OO A-01 ABF-01 /013 W 

100889 

P 141705Z OCT 75 

FM AMEMBASSY BRASILIA 

TO SECSTATE WASHDC PRIORITY 1976 

UNCLAS BRASILIA 8971 

FOR FBO FROM TAYLOR 

E.O. 11652: N/A 
TAGS: ABLD BR 

SUBJECT: INNER COURT CONSTRUCTION CONTRACT NO. 3106-321299 
PROPERTY NO. 61 106-B 

ENCOL GAS SUBMITTED A PROPOSAL FOR THE CONSTRUCTION OF INNER COURT 
REFLEXTION POOL WITH FOUNTAINS, PLANTERS ON GRADE, ELEVATED PLANTERS, 
PAVING OF COURT AREA IN PEDRA PIRINOPOLIS, AND THE CONSTRUCTION OF 
SIDE WALK IN ROAD NETWORK CIRCLE. THE ABOVE IS IN ACCORDANCE WITH 
MR. MARX'S PRELIMINARY DRAWINGS. 

1. INNER COURT CONSTRUCTION 

A. EXCAVATION AND FILL 260 CU. M. MATERIAL AND 

LABOR CR$ 9,100 

B. ROUGH GRADING 470 SQ. M. LABOR 5,640 



C. PLANTER WALL EXCAVATTION 4477 SSQ. MMT.. LLABOR 

1,175 

D. PLANTER WALL CONSTRUCTION 228 SQ. M. MATERIAL 14,820 

LABOR 3,420 

TOTAL 18,240 



UNCLASSIFIED 

UNCLASSIFIED 
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E. PLASTER PLANTER WALLS 456 SQ. M. MATERIAL 6,840 
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LABOR 4,560 
TOTAL 11,400 



F. COMPACTION 470 SQ. M. 



LABOR 5,640 



G. PAVING IN PEDRA PIRINOPOLIS 470 SQ. M. MATERIAL 1 17,500 
LABOR 32,900 
TOTAL 150,400 



H. REFLECTION POOL 109 SQ. M. 

LABOR 

TOTAL 



MATERIAL 19,620 
7,630 
27,250 



I. REFLECTION POOL PLASTER 
LABOR 
TOTAL 



MATERIAL 3,270 
2,180 
5,450 



J. REFLECTION POOL WATERPROOFING MATERIAL 43,600 
LABOR 10,900 
TOTAL 54,500 



K. DRAINAGE FOR PAVED AREA 
LABOR 



MATERIAL AND 

20,000 



TOTAL LABOR AND MATERIAL 308,795 
OVERHEAD 46,319 

SUBTOTAL 355,114 

PROFIT 35,511 

TOTAL CR$ 390,625 
OR US$ 48,828 



2. REFLECTION POOL EQUIPMENT, PUMPS, SWITCHES, CONDUIT, 

WIRE, PIPING, N07.7E.ES ETC. 

TOTAL LABOR AAND MATERIAL CR$ 60,000 
OVERHEAD 9,000 

SUBTOTAL 69,000 

UNCLASSIFIED 

UNCLASSIFIED 
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PROFIT 6,900 

TOTAAL CR$ 75,900 

OOR US$ 9,487 

3. SIDE WALK ROAD NETWORK CIRCLE 

A. GRADING OF SIDE WALK AREA, COMPACTION, CURBING BETWEEN SIDE 
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WALK AND PLANTED AREA, PAVING OF SIDE WALK IN PEDRA PORTUGUESA. 
MATERIAL CR$ 12,460 



LABOR 

SUBTOTAL 

OVERHEAD 

TOTAL 

PROFIT 



12,868 

CR$ 25,328 
3,799 
29,127 
6,912 



TOTAL 

OR 



CR$ 

us$ 



36,039 

4,875 



DUE TO THE FACT THAT ALL WORK WILL HAVE TO BE DONE BY HAND.AND 
ACCESS TO THIS AREA WILL BE THROUGH THE OB LOBBY, IT IS MOST 
IMPORTANT THAT THIS AREA BE COMPLETED BEFORE THE FINAL GRINDING 
AND POLISHING OF THE PRE-CAST TERRAZZO. 

PROJECT SUPERVISOR RECOMMENDS APPROVAL. 

PLEASE ADVISE SOONEST. 

JOHNSON 



UNCLASSIFIED 



NNN 
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Message Attributes 



Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 14 OCT 1975 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975BRASIL08971 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D750356-0182 
From: BRASILIA 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1975/newtext/t1 9751 057/aaaabyhn. tel 

Line Count: 133 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION FBOE 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 3 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: ElyME 
Review Comment: n/a 
Review Content Flags: 

Review Date: 20 OCT 2003 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <20 OCT 2003 by ReddocGW>; APPROVED <13 FEB 2004 by ElyME> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
06 JUL 2006 



Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: INNER COURT CONSTRUCTION CONTRACT NO. 3106-321299 PROPERTY NO. 61106-B 
TAGS: ABLD, BR 
To: STATE 
Type: TE 
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